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NOTESHEET 


Subject: PC-1 - CONSTRUCTION OF BOUNDARY ALONG THE KARACHI CIRCULAR 

RAILWAY ROUTE [THE PROJECT] 

The Revival of Karachi Circular Railway Project (the ’KCR Project’) carries the highest priority in 
an integrated Mass Transit Master Plan comprising of BRT and MRT lines, developed with the assistance 
of Japan International Cooperation Agency (the 'JICA'). The Joint Coordination Committee (the 'JCC') of 
China Pakistan Economic Corridor (the 'CPEC') agreed to include the KCR Project in the CPEC framework 
in its 6 th meeting held on 29 th December, 2016. In this regard, the Transport & Mass Transit Department, 
Government of Sindh (the 'TMTD') has already prepared and submitted the PC-1 document which has 
been cleared by the Provincial Development Working Party (the 'PDWP') and presently in the process of 
approval with the Planning Commission, Government of Pakistan. 

2. It is to be noted that the encroachments, which have cropped up to a considerable volume since 
the KCR operations ceased in 1999, along the KCR route are a bottleneck in the revival of KCR project. 
These encroachments were surveyed previously by the JICA and were estimated to be 4,659 [] by the 
year 2013. In a recent survey carried out in the year 2017 by Karachi District Administration, additional 
encroachments have been estimated to be 1,013. 

3. In a meeting convened by the Honorable Chief Minister on 24 th January 2017 and 15 ,h February 
2017, it was categorically decided that the encroachments post 2013 be removed immediately and a 
boundary fence is to be constructed along the route of KCR simultaneously, to protect the KCR Right Of 
Way (ROW) from further encroachments [Annexure A]. 

4. In view of the decision as stated above, the TMTD is to undertake the task for the construction 
of boundary along the KCR route. The PC-1 document for the subject Project amounting to PKR 241.064 
million [Annexure B] has been prepared by the TMTD. It is highlighted that at present there is no such 
provision in the Annual Development Programme (ADP) 2016-17 for undertaking this Project. 


5. In this regard, a principal approval is sought from the Honorable Chief Minister, Sindh to accord 
approval for the following and a summary is already initiated, 

i. Out of budget provision of PKR 60.26 million [25% of the total PC-1 cost] in the current fiscal 
year; and 


ii. Additionally, approval to allocate an amount of PKR 180.80 million [remaining 75% of the total 
PC-1 cost] in the ADP of 2017-18 to meet the required expenditure. 
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NOTESHEET 


Subject: CONSTRUCTION OF BOUNDARY FENCING ALONG THE EXISTING ALIGNMENT 

OF KARACHI CIRCULAR RAILWAY 

CONSTITUTION OF PROCUREMENT COMMITTEE AND COMPLAINT REDRESSAL 

COMMITTEE 

19 The Revival of Karachi Circular Railway [the KCR] carries the highest priority in an 
integrated Mass Transit Master Plan comprising of BRT and MRT lines, developed with the 
assistance of Japan International Cooperation Agency [the JICA). The Joint Coordination 
Committee of China Pakistan Economic Corridor [the CPEC) agreed to include the KCR Project 
in the CPEC framework in its 6 th meeting held on 29 th December, 2016. 

20 The KCR ceased to operate in 1999 and unfortunately enormous encroachment has 
occupied its right of way ROW along its alignment since then. These encroachments were 
surveyed by the JICA in 2009 and 2013 and estimated to be 4950 project affected people [PAPs] 
.Karachi district Administration has estimated additional encroachments of 1013 PAPs in a 
recent survey in 2017. 

21 In this regard The Honorable Chief Minister Sindh has directed for the removal of 
encroachments established post 2013 in one go while the Government of Sindh may consider to 
compensate the encroachers whose detail were listed in JICA’s survey. Further it has been 
decided in a meeting held on 24 th January, 2017 and 15 th February, 2017 under the 
chairmanship of Honorable chief Minister Sindh to protect the KRC Right of way [the ROW] 
through boundary fencing in order to prevent further encroachments. [Annexure A], 

22 The PCI of Boundary fencing project has been approved by the P&D department along 
with the advice to issue administrative approval [Annexure C]. 

23. It was also directed to Transport and Mass Transit Department, Government of Sindh 
to initiate the removal of encroachments and simultaneously protect the Right of Way in a 
Senate Standing Committee meeting on Railway held on 16 th January 2018 [Annexure D], 

24. In pursuance of SPPRA rules, 2010(Amended 2017) the proposed Procurement 
Committee [Annexure E] and Complainant Redressal Committee [Annexure F] members 
are as follows. 



a) Proposed Procurement Committee 


S. No 

Designation 

Status 

1 

Director General, SMTC, TMTD, GoS 

Chairman 

2 

Deputy Secretary (Technical), Works and Services Department, 
GoS or Representative 

Member 

3 

Director Infrastructure, SMTC, TMTD, GoS 

Member 

4 

Project Director, Abdul Sattar Edhi Line, SMTC,'TMTD, GoS 

Member 

5 

Senior Director, Traffic Engineering Bureau, KDA or 
Representative 

Member 


b) Proposed Complainant Redressal Committee. 


S. No 

Designation 

Status 

1 

Secretary, Transport and Mass Transit Department [TMTD] 

Chairman 

2 

Representative from Accountant General, Sindh 

Member 

3 

Independent Professional from relevant field, to be 
nominated by the Secretary, TMTD 

Member 

4 

Director Finance & Administration, SMTC, TMTD, GoS 

Member 

5 

Consultant Planning & Coordination, SMTC, TMTD, GoS 

Member 


25. 


fhe Competent Authority i.e. Secretary TMTD is may pie. 


24/n above. 
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As&^lfont Executive Engineer 
SMTC, TMTD, GoS 
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26. 


Deputy Director Contract/Procurement, SMTC. TMTD. GoS 
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27. Director Infrastructure. SMTC. TMTD. GoS 
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38. Deputy Director. Procurem^nt/Contract. SMTA 

As mentioned in para 37/n, the advertisement was floated on 12/02/18, in response three 
bids were received on 7 th March, 2018 frbm following contractors. 


1. M/s Ghause Builders Pvt. Ltd 

2. M/s Super traders Pvt. Ltd 

3. M/s Haji Syed Ameer & Brother. 


39. Technical bids were opened on 7 th March 2018, during a procurement committee meeting 
and were subjected to the evaluation by M/s NESPAK. The technical report was submitted , 
according to which only M/s Haji Syed Ameer & Brothers fully qualified all the evaluation criteria. 


c3 


40. M/s Ghause Builders Pvt Ltd and M/s Super traders were disqualified in the initial scrutiny 
[technical report of NESPAK is attached as annexure H], hence only one bidder has been 
qualified during technical evaluation .the financial bid remains sealed with SMTA. 

41. As discussed in the meeting held on 1 st August ,2018 chaired by Secretary TMTD, It was 
discussed and agreed that the procurement process may be terminated and fresh tenders be 
invited to ensure better competition .[minutes is attached as Annexure I], 

Also removing of encroachments has not been started and the possession of site is hence not 
possible This situation may result in unnecessary delays of the project and financial claim by the 
contractor 

42. For the cancellation of bidding process and according to SPPRA, rule (25), all bidders to be 
informed and financial bids to be returned among the such intimation. This will also include 

.grounds for the cancellation of bidding process. 
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43. Hence approval may be given to convene a procurement committee meeting to process the 
above matter and terminate the bidding process of subject 



a a 


5 


^ 

h\U, -tu ^ 

lx 4 ^ -to 


^UxO'V.Jv 


O c® 
O'- l 




m 

a q 


L 

Oo 

o’ 

^ « * i 

An ■ 0 


|^i 

> | 

! 

*U 1 
1 

K) 


t! 
1, 


UV —■- ~ _ I , 

CL, r) ^ 4 V/ 4 - 44—^’ 


■M- 


//■ 




A-t- VO 












































49. 


Co _ 


5'/ 

ri'2n 

! IN <3 • k 

5 i/\ . .'■ 


X ft> p*s» ' Ity, *-& ** 

Cy) c*<z£***' ^jPfh^ij ‘^//LaC^' h'z/gh*; - 

yy*X»^c*& 7U J)-rtriue”*^ *y 

><M u 4* &- «- ' 

o^, ^ J*Jbir*c*. f 
^ yW **&■ • 

firs* - y <*j>f>ro^ t~ ' fe - 

iAjjU- -g- j)Am - // <w<--4^iv y ® *’' 

H 

V *s— o X>*. 4"^ 





f Aj*rfa: - 





f>0 




o 


! o; 



s I o^V, /^/> 

r/5 1 y 


L 



^Mt(s 


s 

f l : 

O- Cy? 
02 , 

O C. 





* ^ \ 5^ f <£>CtO O*. 


k^ vi 9tu ^H ^ **- ^ ‘"' JL 

l.o Jl»X JL^"(r\A-2 ; 



*hi 

tJ- ^CCji-fc. 


^. . v \ _ . D J) . _ „ 0 _ \ o.^ o. ^ 6 <v^-x.s 



£e Ar^J jD <1, 


^ ^ i^£C. I%\kr$XK 

















GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 



































— 


& 


GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 










a , 



as$<1> 






M-J f ^ 4^°^ \< <\3 x,cu_Vaa (^^jlJ\.ox. 

(^ V7 CX\ ^ V cu\, Vv-<iV Vo <aj^vV '£-\ c>vj «^ v w\N ^ Cru$, 

\^z> c«_ Aj^vi«J<c_^ VjX Co— ^ek <aj}- ^jj^o C Vm 


IV 


Vj\ 


?eA. V.Wf'ft &oW> 


~\ -^v_-e. — y*=»' ' i ~ v v*-- A 

ve., VA D> SW\T(\ -Xc. tz.±\ 'Z*s\ -W-*- CV\ C,oVs*~C <iS'0 W & <* 3 t< 2 . , £L\ I 


N 


0° cW'a^ 

"V’ c^M- C^^tovs^ 

7^ i\J~ 





C2. 


AA^*^*-*V^ ^v^/Ce/cA;6 i_ Cto ul; i^cvoUc 


aA yv^ 

^ *iX c.w\‘ 'coUxu t. Vr 




-fecx 6> ^ /Cv Vc, o 




e (Wm <U 



& 3 w 

^ GiZlA *~A h^J^xsAry ^ ^ vj __ 

t zsTj^fj 


X-l*) 


£t| -SMXk ^ 

A ^^oS^vC ^ ^ A ' 

%'C^-oki- ^ , 

Ufc-o-IW, 


^r - 



PU_*j^. 


j0 anA*v\5^ 




<S 6 




L*ov 




Vju- 


=^> 


frAN 





















£b-. 


uo) 


Tw oT ^©v. ^ 

^ v> AA*4- MArr* 

fcolWs ^ ^ ^ *, ^ 

'vX^V Gowl^^o - W-V^ 

V K M) y A • 



W 


v Wje_*A, 


6&_> ^k*&**- 


5 aiia~ 6 


oJ^ajO\aa_A .^No- 1 ! 




^3 ^ <L Xa V fop , gJ MV-r fV C)&j vV- W '* ! 'N Wa-AW ^»-*— 

'iM/fn 


^ D A ^ 



\lhC2M 



IH ffiip®^ 




















13 




i ^ tV-\ 

l)3M ^ •—'t Vo^Vd <2.^ 

'~"^CLX *\tp V Ci^J'l WVaM V-V&jvvWa.’ ^Jpo/JtA«*wC'-5? 

0\£ £>\> <£LwAW 1 

i WCv ^ In /v^\J ^ <i-A- \ o Q/ut® aJ '^T ) J^ >Cov<^ < f' a 

ejc^Jjiouv ^ SPPtf'k 

p K A\' ocu ■^JK^>'' j ^ Pn ojdr «^cl~*-4 A/ ' _ * ^ vv ' 


W\^ 

'Ok,-J^- Ocu 

L ” - J^jiM 


3 


jU*s 4^ 



n m ^><slV>o 


<Wv^\ 


CX ^ O ^ 


/ "~ N - _ VJ 0 Ar^Ct-M- 


^ C^)^' ocJL 


p. 


Ct 6 cx 


'~KT> 



~\<T ^ 



*fcs=^-^V A '-f-^W- . S^'' 1 ^ . > Pv -I . 

- • kUv*\ »i r«~ ^ ^ 


Vu-AVj u «vw ^ ^ 


(S-VATAf^ _'. 








he^^wAj • 


CsaSK^vd^ l<t*£- < 9 ^-^ ocSvmW^A 5 )^ 1 ^ 


qsk. o-lw~j o i v C 





















&yk( 1>1 UJy (R * w ) °fj~hs* rut b€*M, l\s\v\U,$ 

~h> 'Tuwxjoo Ur ^aJ fl\o/v> 7<^a4 oUsaJt w^/ <j ^ K(X 

r I a A 0 - l jH.,/i 3 jv VI _ vi r\ n 


U-^pJ- O.u^Jk syUm Lu^ 

\o MAO U iXpjoUuU M-(L ctyU^Uyft\\ ^Vj ^ ^ 


™ P* *>*» . h 6-wmMv. ot<y/ 

LA /)^w.v:^<x (_m) 

4. 


v 

J fu J . 






Qv g/rtTA 



-&cx. <Oo 0 \j 



6 LU- 




?6ot7 <xA-__ 


■a ^ 


o is-^^ 








1 ( ^U^ccX s j 3**\p 

(Kj&X 


VN»\ 


o^wwwl- 

' M 2-4-MV’ 


nJU*l*| 


fud^ ^ wcrt ' 








v^ 7 

<*> 


fljLCL^ 0-^^A. _J 


*2 ^-1 V^a»An| 2o) \ 


h-i 







1 l 

L- 

x UL-m 




or 


1 <X ‘ J '' 2-(f> ^c*cA. I °l cvOcire 1 ° S- ^«*t«*i« - VX, J 


7^ 


- mn\ i°i 





















m 




GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 


NOTE SHEET 


Para 

No. 





.si?> 


(> p P (b & , Vi' OO CAjty 
oAaj oJL vS"—A -e^JU.v-'VA vl.^ v_J C1XX_ & p 

c-vv ( ^eAA o vaA->a^ b*^£>A 

Vo>Hi- \J Vv wA l <4 cV\/oc_ . vVouJ^^ 


f v A~<^ VdCAb ^Vib &\j A-i rv -j^ ^ 

V k.^^v\^_v_ ^ic^a a c kJlaj 0a ~^ V C» 

Gu. VJ <* ^ C_bj1 a> V* OoN» 'V^ V' Vi *ZJL^ 

V)\aXjl)^'kA<'9j^\ cA^<_ Co'WvV^' (jd' ° W C?\^ 

v 3^S V' l w^ Xx3 U 

<A iacjr, o-. <JUo <wA v^^W. 

VU v «_ isV^- CV~JA<A AAW*I'V*J Vm^L 

<i\~e ^iL^cuU 


Ref. 



V\<^V ^ V: h*^-~ 





<3^ 


d&v3v A^dj 


Va • d- \2, ^p\’^ v V/*0vP^ 


(-\i> &_S^ ^i'rv^(_c- VA>- 

«, <rwc><V Nc>C.c-na~ “^CAa 3 Dea^<tAD < \^^i?rlr\yo *P-0 

-\;^» PP< CiO^Ar^WV ^vA *^*P < Si'WsA^ (S4. vjA ^ ov CU_| £} 

Mqj\ 2. \VI '^daA r -^o^cisio. 


T£> ^— \ ^»^<3VU ^ w -- 

N\vv“V vX\JlA McL^ } \VI 'v£<'o»X r -^po^ci 

0*«* ^iQ^. \-*> LWAs. 4w\Z «- vju «- ^ervJ^sA^ c^cA^'CA^ 


o» cvv 


\o<L 


Y^viCNA Ao. <dl^w&e>d 


t w^-sV-O^ 


1 


A 




Uk- 

•<>'^^sro9 -Auju^'j-' 

(,C\ ?*■£_< 5..JU^- c^*~ Vj V N^o \p. ^.u 


Or 


^ «=- 

P-T* 















GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 


NOTE SHEET 


Para 

No 


0 k 


Sn- 







ft. ■ 


\v 


C 


1 tjl' f^w % v ^ 




5^ L ft k~ 0 c: 







jU 


V>WU\/s^o«^Ul_Jl <?A %5^, ® jv —^ ^ k£)V0 lee ^ 

^rsflA k* V\^ WoJ^jU 4o Cw.^4 £*4V, VU 

(—ev^Lc‘\A_'\ Ap^ktf^'W v—W \<a-AW v '^ M! 'A 

"TCi oA k lBk° ^“AA *~-X *jfl~a. < - J A \>S^~i fK>i \J( 

231 ^A tao$ *Wk wiu £0 / pM^ <u kx bit xJi^ 


CV\ 



kAcvv 







3MTK / 


^jtiuc^ A*-p* 



!> : ]: 

ffi ■.: -•' V 

fSj 


Crv^ 

ft o 

c& > 

rr- 

LL r- 


U 

K 

< 

Cl 


t 


<n 


51 


<^i*jlJ[, Mp 




/*> 


7 


* 


Ref. 


i 


Q | 
Qh 



Hi \£> 

o< 

“S 

(0 


N 


P « 


<A 


jS 


€^vVC vvvv^(> <*- 


1 SV'|’ -u -c- s, 

Ww WW~ C f ww ^ *f 

J^VV, ** *■ 

f 

Qjiw^ Wlyx> We»A~>^ o 

5 ? 


3" 

;:; c^ 

05 ! - , 

a 


cm. 


;U ^^22 









L 


£#*£* r 

^ q> /- ' 



i v; 


C^ 


lino 

»S 2 b 


t/> 


o' Cl 
1 * 


D O 


bJ~l a ) 


































GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 


Para 

No 


Ref. 


Pi fa} Qj U i^o tv \fdPsdoly fb'/o'A- 


0\\x 




•' 2.£>/3'w~J >«)<? 


QS" 





/ 




Hb 






uiAj. 


°cv 


_ "A I 

V.CA W V«~ V- 

<^W. £^e4>A 4‘twe. o V» V ^ \) teJt 

Vjj ojs <^h , o e3C^>»*_<_i g>vn» 'ZoMv. d) iX X®\ c 4 ^ 

KJL. oi>VJ<C<2-^ ^-mO^aOu W ^\yv 

* ^^0 SjCJb*J C_Jv <*\^\-^' (JZ- Vv^vO 

a isMex. ^-Voov^. ow«- ©\^ <^oe_ WM-la- 

\ • €L < ^. WV . ^__ cl 4 a ^ C-*>'ajV:-w '-«s^ <XaO^ ^ 

wUa cAyv ^N^e. \d ' ^\ ej>v V<»vA pjtJZKj'J «a\'-€_A 

/Lj^^J2>^VvC- ^6 ^oVyw.-^-^V-^ Cy~A xX^A. * L.'i3dl< > v 

V/^ ^ ' l O . 

^y,iu-jJe»x. C c< i p ) 


3 


CJU 



^ /yvv-«yvv.4-vx^ —?) '-£’ °v N ' ?ooe 


*\ 





& C \^0 W «- 

C" 4 y>, , 0^ ex G. N ^€-6 *L 'P^R.'Cl 













ay 

GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 


Para 

No. 


Ref. 


q- 


vw \nr^)s 'SLo-O- S-AA 

cx^sftc *<' 

s— v^v-v u \ y?<? -\i. Lx 


rs 

v fv\rvs 



v'B C!> t'rw 


a 


*> ^ fv>^ cz i 






^ ^ OA> <^^<CckKaJC c»/> V^^Vrvv^ 

" r '° '’* “ ^ 
-V V>,&«u 4 

^ 0 § V-> 3 ^ 


^ 

r" u 

«,««_} A a® aaA. 

\ ^ oS ^ 2v7pg 

■ •*%'?-C '-^ 3 =\ 

' ■ 

.. r , | -, , "■. u/"l M 

AiU q^i'^cXv- 







ySoJ’Volf 



V^/vt 3 /v y j) 


(C3t> > 



ly ^ > 'iC'>i 

jsL. ^AwtMq>) <» 


3cvXkv^cJ'C^ X> ^^cAtL^l A<e^(v5r-A^ O -<^CKAA^ eJLt&JcOy- <9 P 

Wro^w^? kceqoJ >5^7^ ^eAw ^ 

\ ? aA' . \ 



















GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 


Para 

No. 


Vo2 



c60^ ooW^ v4 ^ cX 


103 


Ref. 


XV\^\ 


V.CWv<^ v><L-Vtx»J d ^ 


f >tu Ay 

' Q 


lOrww 


ovvA 


C <X) 


•“ - 


Vfv» i* s»4%c 


1 / 

V-cs v’^vXx'™^: OX X? saCa ? 2 <0^ J^cro ViUr 


<te-~ 


VGC-v*. 


' c -^y^A<.yicA* Oyy* \~->o lv v\yvj^ bl , /"y p. 

_ ^ X V '°^ 

Vw “-W^c, 2^,2, (> 7 , 

^ ^ u ^ H 

^ ** Vtj '- 4 

&aW <? i ^ * XC\ 1 ^ *^v ^ 


VaJ^uTm clS) <? , - 

(\ 1 1 . <r, 2) 

* / \ " VCT V§4^* Ouc) rrvvi‘rw u { ^ 

r* _v» x ^ vi ^ 


\V ^ w “ ^ ^ 

1 ^ <::5 ^0<^t« X O C 0\ rwVU e Xvi4^ r 




0^, 0-e^i <rt o\n»«it. <5-4 oi \icfc (S'-ttcL_\ 

, ; " ^ wl '' v '"'^X y ^v- ^«4w 

1 *> rvU ocU <A o<r $W*»e. '<p v ^ Vti c^fcoo*. 



2- \/f/2*&> 

O O ^yWV 


(\ 'WVA zXf-^o ViO^A i-^fy ^ V'xwjl . . v 

(Xdr X X>A 4 CtU ^ y 7 

-4 V ii _ I _ / ’■'i y. I _ I . y yv .Q . -Tl .. (^" 1* S\J\ V\A>~U3LAy> ^rv/ K ^ f 


(\ WvaiijWx^ vm»A fjjj/ £4 ^^NVaaJU CZ» w |p^ <? ' v ' a X 

A. 5 /+VJU..1 1*)^vLs AowS frf 


Saw vwolo . 0 ^ ^2«u ^ IX C-U^v^-ci'l ^ 


UH, 


^ s>~A^v/ • 




>rvv^^Tr\A 


4-r^<> 

<1 




r^' (Xu\V.«,,'U A> in.tr ^ o^msLm^c 

^ r ~"\>^x i 1 


106 


7> 


a 


.\4*^ 


tXX 4 E-Vifw °Xi y x 

a*p~y~^ iA A. uij k -ii cW v^A»~i ■ 
































GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT DEPARTMENT 

NOTE SHEET 
















Construction of Boundary Fencing Along Existing Alignment of Karachi Circular Railway 

(KCR) 

Evaluation of Bids 


Notice Inviting Tender (NIT) was published in local newspapers (on 23 rd May 2020 in Daily 
Dawn and 24 th May 2020 in Daily Jang & Daily Kawish) for Construction of Boundary Fencing along 
with existing alignment of Karachi Circular Railway (Annexure-‘A’) 

/ 

In response of above NIT, total three (03) Nos. tender documents were issued to the following 
Contractors 

a. M/s Sadaat Enterprises 

b. M/s Eastern Construction Company 

c. M/s SMK Construction Company 

The qualification criteria given in tender documents (Annexure - ‘B’) issued to the Contractors 
was as under:- 

Evaluation Criteria 

a. Initial Scrutiny 

i. Valid Registration with Pakistan Engineering Council (PEC) in Contractor’s category C-3 
or above and in Specialization Code CE-10. 

ii. At least two (02) numbers generafcivil work projects having total cost of Rs. 200 million 
or above completed during last five (05) years. 

b. Detailed Evaluation 

Requirement Maximum ScoreMinimum Score 


i. Experience 

30 

20 

i. Financial Position 

30 

20 

ii. Personnel Capabilities 

20 

10 

v. Equipment Capabilities 

20 

10 

Total 

100 

60 


On last date of submission of bids / tenders i.e. 22nd June 2020 the total two (02) tenders/bids 
were received from the following Contractors: - 

a. M/s Sadaat Enterprises 

b. M/s Eastern Construction Company 

/ 

The technical evaluation of received bids from above Contractors was carried out as per given 
qualification criteria by the Procurement Committee constituted by the Competent Authority. During 
evaluation of technical bids of both Contractors, it is noted that the technical bids were not submitted in 
line with the given criteria in the tender documents (did not fulfill the initial scrutiny critera), which has 
resulted in the disqualification of both Contractors. I lence no detailed evaluation is thus required. 

Based on the above evaluation results, the Procurement Committee has observed that the 
contractors had submitted incomplete documented evidences for technical qualification that also shows 
incompetency of bidders and hence got disqualified technically. 

As both bids were technically disqualified, since the financial bids of the bidders are remained 
un-opened / sealed with the Committee, which are required to return to the unsuccessful bidders. 

In addition to the above-mentioned details regarding dis-qualification of both bidders, one more 
matter is regarding the expiry of contract of two committee members i.e. Director (Finance & Accounts, 
SMTA) and Deputy Director (Contracts & Procurement, SMTA); therefore the second committee 
meeting may not be convened since both of/diese members cannot officially attend the committee 
meeting. 


It is, therefore requested to accord approval on the following: 

a. To scrap the entire procurement process due to the reason mentioned at Para 

b. To immediately return the unopened financial bids to the unsuccessful bidders. 

c. To initiate the re-tendering of the subject work immediately in order to comply with the 
Honorable Supreme Court Orders. However, this will need the re-constitution of 
procurement committee because of the same matter as mentioned in para above. 






The Competent Authority i.e. the Managing Director, Sindh Mass Transit Authority 
(Government of Sindh) is requested to kindly approve para above. * 

^ % ■ 4 

Deputy I i fejeet Director ' 

Contracts & Procurement, SMTA 


i readr Finance, frIVF PA- 


/ 

y 


Director Infrastructure/Projects, SMTA 

OKI SICK. LEW DUE To CoV/O -Jf 


Managing Director, SMTA 




